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1 Introduction 

1.1 Purpose 

The purpose of this document is to provide Commissioning and Installation Test results 
for CR-002674 WSF Turnstile at Colman, commissioning listed as part of CDRL 22 Parts 
E and H within the Central Puget Sound Regional Fare Coordination System (RFCS). 

1.2 Scope 

This document covers only CR-002674 WSF Turnstile at Colman Test results of the 
following documents: 

• SEA-02572 CDRL 22 Part E.112 Commissioning Test Procedure GAK 
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2 Test Results 

WSF installed 1 new GAK and requested commissioning via CR-002674 WSF Turnstile 
at Colman. The commissioning was completed on June 20, 2011 and the following 
pages contain the Test Results for those coaches. 
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CDRL 22 Part E.112 

Central Puget Sound Commissioning Test Procedure 

Regional Fare Coordination System _ Security Level 3 _ GAK 

Appendix A Results Template 


Device: 

Location: 

Date: 


G^K 0GJ4JLQ/& 

H 


Commissioning Test Coordinator Name: 
Commissioning Test Coordinator Signature: 






Maintenance Mode Self Test 
Fare Payment Processing Test 


Pass [p' Fail □ N/A D 

Pass E Fail D N/A D 


TOTAL: 


2 


Comments: 
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